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LETTER CONTRACT 


Contract No. BQ-1806 


Dear Sirs; 


1, An order is hereby placed with the Contractor for the 
furnishing to the Government of the supplies or services set forth 
in Exhibit 'A" attached hereto and hereby made a part hereof, 


2, Except as otherwise expressly provided to the contrary 
herein, the Contractor is directed, upon its acceptance of this order, 
to proceed immediately to procure the necessary materials, and to 
commence the manufacture of the supplies or performance of the 
services called for herein, and to pursue such work with all diligence 
to the end that the supplies may be delivered or services performed 
at the earliest practicable date. 


3, (a) The provisions of the contract clauses set forth in 
the following paragraphs of the Armed Services Procuremeht Regula- 
tion in effect on the date hereof and the additional clauses which are 
made a part of this Letter Contract in Exhibit "A" are hereby incor- 
porated into this Letter Contract by reference with the same force 
and effect as though herein set forth in full: 


7-103.1 (Definitions); 

7-103.2 (Changes); 

7-103.3 (Extras); 

7-103,4 (Variation in Quantity); 

7-103,5 (Inspection); 

7-103,6 (Responsibility for Supplies); 
7-103,8 (Assignment of Claims); 

7-103.9 (Additional Bond Security); 
7-103,10 (Federal, State and Local Taxes); 
7-103,12 (Disputes); 

7-103, 14 (Buy American Act); 

7-103, 16 (Eight-Hour Law of 1912); 

7-103,17 (Walsh-Healey Public Contracts Act); 
7-103,18 (Nondiscrimination in Employment); 
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7-103.19 (Officials Not To Benefit); 
7-103,20 (Covenant Against Contingent Fees); 
7-104,4 (Neutrality Act of 1939); 
7-104.12 (Military Security Requirements); 
7-104, 14 (Utilization of Small-Business Concerns); 
7-104,15 (Examination of Records); 
7-104.16 (Gratuities); 
7-104,17 (Convict Labor); 
9-102 (Notice and Assistance); 
9-103 (Reporting of Royalties); 
9-104 (Filing of Patent Applications); 
Deleted as not Pi aan Pace rth 
appropriate 4-106 (Authorization and Consent); 
9-107.1 (Patent Rights); 
9-202 — (Copyright); and 
13-502 (Government-Furnished Property). 


(b) Reference in any of the clauses enumerated in (a) 
above to contract prices or adjustments in contract prices and delivery 
schedules to the extent such are not specifically included in this Letter 
Contract, shall be inapplicable, except that any adjustments in amounts 
finally payable to the Contractor, or in time of performance required 
by such clauses, shall be made either at the time of settlement of 
Contractor's termination claims or shall be taken into account at the 
time of execution of the definitive contract contemplated herein. 


4. By the Contractor's acceptance hereof, it undertakes, 
without delay, to enter into negotiations with the Contracting Officer 
looking to the execution of a definitive contract which will include the 
clauses enumerated above and all other applicable clauses then required 
by Federal Law, Executive order, and applicable Procurement Regula- 
tions to be included in contracts for supplies or services of the kind 
herein described, The definitive contract will also contain a detailed 
delivery schedule and prices, terms and conditions as agreed to by 
the parties which may or may not be at variance with the provisions 
of this order, Jt is expected that such definitive contract will be 
executed prior to June 30, 1955, and will be a fixed-price-type contract 
with provisions for redetermination of price, either up or down, 


5. The Contractor is not authorized to expend or obligate, STATINTL 
in furtherance of its performance hereunder, more can[ fn 
the aggregate, Pending the execution of a definitive contract, éac 
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expenditure, order, subcontract, or commitment made by the 
Contractor in furtherance of its performance hereunder, if for 

an amount that shall exceed either 5 per centum of the amount 

last above stated, or $25,000, whichever is less, for tools, dies, 
jigs, fixtures, materials, supplies, parts, equipment, engineering 
assistance or reproduction or other license rights will be subject 

to written approval by the Contracting Officer, No contract, regard- 
less of the amount thereof, shall be made by the Contractor with any 
other party for furnishing any of the completed or substantially 
completed articles, spare parts or work herein called for, without 
the written approval of the Contracting Officer as to sources, 


6. (a) In case a definitive contract is not executed by 
the date specified in the clause hereof entitled ''Provision for 
Definitizing Contract, ' because of the inability of the parties to 
agree upon a definitive contract, this order may be terminated in 
its entirety by either party by delivering to the other party a notice 
in writing specifying the effective date of termination, which date 
shall not be earlier than thirty (30) days after receipt of such notice. 


(b) The performance of work under this order may 
be terminated by the Government, in accordance with this clause, 
in whole, or from time to time in part, whenever the Contracting 
Officer shall determine that such termination is in the best interests 
of the Government, Any such termination shall be effected by 
delivery to the Contractor of a Notice of Termination specifying 
the extent to which performance of work under this order is terminated, 
and the date upon which such termination becomes effective, 


(c) After receipt of a Notice of Termination, and 
except as otherwise directed by the Contracting Officer, the Contractor 
shall (1) stop work under this order on the date and to the extent 
specified in the Notice of Termination; (2) place no further orders or 
subcontracts for materials, services, or facilities except as may be 
necessary for completion of such portion of the work under this order 
as is not terminated; (3) terminate all orders and subcontracts to the 
extent that they relate to the performance of work terminated by the 
Notice of Termination; (4) assign to the Government, in the manner, 
at the times, and to the extent directed by the Contracting Officer, all 
of the right, title, and interest of the Contractor under the orders or 
subcontracts so terminated; (5) settle all outstanding liabilities and 
all claims arising out of such termination of orders and subcontracts 
with the approval or ratification of the Contracting Officer to the extent 
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he may require, which approval or ratification shall be final for 

all purposes of this clause; (6) transfer title to and deliver to the 
Government, in the manner, at the times and to the extent, if any, 
directed by the Contracting Officer, (i) the fabricated or unfabricated 
parts, work in process, completed work, supplies, and other material 
produced as a part of, or acquired in respect of the performance of, 
the work terminated by the Notice of Termination, (ii) the completed 
or partially completed plans, drawings, information, and other prop- 
erty which, if this order had been completed, would be required to 

be furnished to the Government; (7) use its best efforts to sell in the 
manner, at the times, to the extent, and at the price or prices 
directed or authorized by the Contracting Officer, any property of 

the types referred to in provisions (6) of this paragraph: PROVIDED, 
HOWEVER, That the Contractor (i) shall not be required to extend 
credit to any purchaser, and (ii) may acquire any such property under 
the conditions prescribed by and at a price or prices approved by the 
Contracting Officer: AND PROVIDED FURTHER, That the proceeds 
of any such transfer or disposition shall be ‘applied in reduction of . 
any payments to be made by the Government to the Contractor under 
this order or shall otherwise be credited to the price or cost of work 
covered by this order or paid in such other manner as the Contracting 
Officer may direct; (8) complete performance of such part of the work 
as shall not have been terminated by the Notice of Termination; and 
(9) take such action as may be necessary or as the Contracting Officer 
may direct, for the protection and preservation of the property related 
to this order which is in the possession of the Contractor and in which 
the Government has or may acquire an interest, At any time after 
expiration of the plant clearance period, as defined in section VIII, 
Armed Services Procurement Regulation, or as it may be amended 
from time to time, the Contractor may submit to the Contracting 
Officer a list, certified as to quantity and quality, of any or all items 
of termination inventory not previously disposed of, exclusive of items 
the disposition of which has been directed or authorized by the Con- 
tracting Officer, and may request the Government to remove such 
items or enter into a storage agreement covering them. Not later than 
fifteen (15) days thereafter, the Government will accept title to such 
items and remove them or enter into a storage agreement covering the 
same: PROVIDED, That the list submitted shall be subject to verifica- 
tion by the Contracting Officer upon removal of the items, or if the 
items are stored, within forty-five (45) days from the date of sub- 
mission of the list, and any necessary adjustments to correct the list 
as submitted shall be made prior to final. settlement, 
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(d) After receipt of a Notice of Termination, the Con- 
tractor shall submit to the Contracting Officer its termination claim 
in the form and with the certification prescribed by the Contracting 
Officer. Such claim shall be submitted promptly, but in no event 
later than 2 years from the effective date of termination, unless one 
or more extensions in writing are granted by the Contracting Officer 
upon request of the Contractor made in writing within such 2-year 
period or authorized extension thereof, However, if the Contracting 
Officer determines that the facts justify such action, he may receive 
and act upon any such termination claim at any time after such 2-year 
period or any extension thereof. Upon failure of the Contractor to 
submit a termination claim within the time allowed, the Contracting 
Officer may determine, on the basis of information available to him, 
the amount, if any, due the Contractor by reason of the termination, 
and shall thereupon pay to the Contractor the amount so determined, 


(e) Subject to the provision of paragraph (d) hereof, 
the Contractor and the Contracting Officer may agree upon the whole 
or any part of the amount or amounts to be paid to the Contractor by 
reason of the total or partial termination of work pursuant to this 
clause. In the event of any termination pursuant to paragraph (a) 
hereof, such amount or amounts shall not include any allowance for 
profit or fee. In the event of any termination pursuant to paragraph 
(b) hereof, such amount or amounts may include a reasonable allow- 
ance for profit or fee, but only on work actually done in connection 
with the terminated portion of this order, Any such amount shall not 
exceed the amount set forth in the clause hereof entitled ''Authority 
to Obligate Funds, and Subcontracts."' Any such agreement shall 
be embodied in an amendment to this order and the Contractor shall 
be paid the agreed amount, 

(f) If the Contractor and the Contracting Officer are 
not able to agree in whole or in part, as provided in paragraph (e) 
hereof, as to the amount or amounts to be paid to the Contractor in» 
connection with the termination of work pursuant to this clause, the 
Government, without duplication of any amounts agreed upon in 
accordance with the above-cited paragraph (e), shall pay to the Con- 
tractor an amount determined in accordance with the applicable cost 
principles of the Armed Services Procurement Regulation, In the 
event of the termination of this order pursuant to paragraph (a) hereof, 
no allowance for fee or profit shall be included in the amount to be 
paid the Contractor, 


{g) The Contractor shall have the right of appeal, under 
the clause entitled "Disputes" incorporated in this order by reference, 
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from any determination made by the Contracting Officer under para- 
graph (d) or (f) above (including any dispute as to whether termination 
has in fact taken place pursuant to paragraph (a) hereof), except that 
if the Contractor has failed to submit a claim within the time provided 
in paragraph (d) hereof and has failed to request extension of such time, 
the Contractor shall have no such right of appeal. If any case where 
the Contracting Officer has made a determination of the amount due 
under paragraph (d) or (f) above, the Government shall pay to the Con- 
tractor the following: (i) if there is no right of appeal hereunder or 

if no timely appeal has been taken, the amount so determined by the 
Contracting Officer, or (ii) if an appeal has been taken, the amount 
finally determined on such appeal. 


(h) In arriving at the amount due to the Contractor under 
this clause, there shall be deducted (1) all unliquidated advance or other 
unliquidated payments theretofore made to the Contractor, (2) any 
claim which the Government may have against the Contractor in connec- 
tion with this contract, and (3) the agreed price for, or the proceeds of 
sale of, any materials, supplies, or other things acquired by the Con- 
tractor or sold pursuant to the provisions of this clause and not other- 
wise recovered by or credited to the Government, 


(i) The Government may from time to time, under such 
terms and conditions as it may prescribe, make partial payments and 
payments on account against costs incurred by the Contractor in connec- 
tion with the terminated portion of the contract whenever in the opinion 
of the Contracting Officer the aggregate of such payments shall be 
within the amount to which the Contractor will be entitled hereunder, 

If the total of such payments is in excess of the amount finally agreed 

or determined to be due under this clause, such excess shall be payable 
by the Contractor to the Government upon demand together with interest 
computed at the rate of 6 percent per annum, for the period from the 
date such excess payment is received by the Contractor to the date on 
which such excess is repaid to the Government; PROVIDED, HOWEVER, 
That no interest shall be charged with respect to any such excess pay- 
ment attributable to a reduction in the Contractor's claim by reason of 
retention or other disposition of termination inventory until 10 days 
after the date of such retention or disposition, 


(j) Unles’s otherwise provided in this contract or by 
applicable statute, the Contractor, from the effective date of termination 
and for a period of 6 years after final settlement under this order, shall 
preserve and make available to the Government, at all reasonable times 
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at the office of the Contractor without direct charge to the Government, 
all books, records, documents; and other evidence bearing on the cost 
and expenses under this order and relating to the work terminated, or, 
to the extent approved by the Contracting Officer, photographs, micro- 
photographs, or other authentic reproductions thereof, 


7. The Contractor's acceptance of this order will be indicated 
by affixing its signature to three copies thereof and returning the 
executed copies to the Contracting Officer not later than June 10, 1955, 


Such acceptance will constitute this order a contract on the terms set 
forth herein, 


THE UNITED STATES OF AMERICA, 


By _ _ STATINTL 
Contracting ‘Officer 
v 
ACCEPTED June 10, 19.95. 
_ EASTMAN KODAK COMPANY. Affix Corporate Seal 
- Contractor : 
By J STATINTL 
a 
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“ : Contract No. 8Q-1806 


The Contractor shall furnish to the Government the following supplies; 


Estimated 
Item No, Description Quantity Total Paice. 
ewtengas) Serene py ee ee ee == STATINTL 
] , 70mm Film Processing Machine ‘3 
(December, 1955, delivery) j 
ie: 
2 70mm Continuous Contact Printer 3 
(December, 1955, delivery) 
3 20-inch Continuous Paper Process- fy 
ing Machine (December, 1955, 
delivery} 
4 9 1/2-inch Step and Repeat Contact a1 J 
Printer (October, 1955, delivery) 
5 9x 18 and 6 1/2 x 13 Cut Sheet Film 1 


Processing Machine (December, 
1955, delivery) 


Tl ree i i 
6 9 1/2-inch Continuous PF oes i] 


Processing Machine (December, 

é 1955, delivery) 

7 9 1/2-inch Continuous Contact 1 
Frinter (Contingency item - delivery 
to be determined) 


ry 


8 Minicard* (Delivery as required) -- 


Total Estimated Price 


*Basic Camera and Basic Serter 


Notwithstanding the provisions of the contract clauses set forth in this 
Letter Contract or incorporated therein by reference, the Contractor 
shall not reveal (i) the specific nature or details of the work being 
performed hereunder or (ii) any information whatsoever with respect 
to the Department of the Government sponsoring this contract and the 
work thereunder except as the Contractor is directed or permitted to 
reveal such information by the Contracting Officer or by his duly 


es see 
een 
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authorized representative for security matters, and notwithstanding 

any clause or section of this contract to the contrary. The Contractor 
shall not interpret any clause or section of this contract as requiring 

or permitting divulgence of such information to any person, public or 
private, or to any officer or department of the Government without the 
express consent of the Contracting Officer or his duly authorized repre- 
sentative for security matters, 


The Contractor agrees to furnish to the Contracting Officer as soon as 
practicable an estimated cost breakdown for each of the items to be 
furnished hereunder, such cost breakdown to be in sufficient detail to 
permit the negotiation of a realistic contract price in the definitive 
contract to replace this letter contract. The Contractor agrees to 
furnish pertinent background information in connection with such 
estimated cost breakdown figures, if required by the Contracting 
Officer, with respect to direct costs, indirect costs, and profit included 
therein, 
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GENERAL, PROVISIONS 


DEFINITIONS 


As used throughout this contract, the following terms shall 
have the meanings set forth below: 


(a) The term "Secretary" means the Secretary, the Under 
Secretary, or any Assistant Secretary of the Devartment and the head 
or any assistant head of the executive agency; and the term "his duly 
authorized representative" means any person or persons or board 
(other than the Contracting Officer) authorized to act for the Secretary; 
and the term "Department" means that component of the Government having 
cognizance of this contract and represented ty the Contracting Officer 
executing this contract. 


(bo) The term "Contracting Officer" means the person executing 
this centract on behalf of the Government, and any other officer or 
civilian employee who is a properly designated Contracting Officer; 
and the term includes, except as otherwise provided in this contract, 
the authorized representative of a Contracting Officer acting within 
the limits of his authority. 


(c) Except as otherwise provided in this contract, the term 
"subcontracts" includes purchase orders under this contract. 


{d) The term "contract work"! means all work to ‘be performed 
under this contract including any studies covering fundamental, theo- 
retical, or experimental investigations; any extension of the inves 
tigative findings and theories of a scientific and technica] nature 
into practical anpnlication; any tangible terms, hereinafter referred 
to as supplies, if called for herein, furnished to the Government; 
and any reports, data, computations, plans, drawings, and specifica- 
tions with resnect to the foregoings 


CHANGES 


The Contracting Officer may, at any time, by a written order, 
and without notice to the sureties, if any, make changes in or 
additions to drawings or specifications, issue additional instructions, 
require modified or additional work or services within the general 
scope of the contract, change the place of delivery or method of shin- 
ment, or the amount of Government furnished property. If any such 
change causes an increase or decrease in the cost of, or the time 
required for, performance of this contract, an equitable adjustment 
shall be made in the contract price, or time of performance, or both, 
and the contract shall be modified in writing accordingly. Any claim 
by the Contractor for adjustment under this clause must be asserted 
within (60) cays from receint by the Contractor of the notification 
of change: PROVIDED, HOWEVER, That the Contracting Officer, if he 
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decides that the facts justify such action may receive and act 
upon any such claim asserted at any time prior to final payment 
under this contract. Failure to agree to any adjustment shall 
be a dispute concerning a question of fact within the meaning 
of the clause of this contract entitled "Disputes." However, 
nothing in this clause shall excuse the Contractor from pro- 
ceeding with the contract as changed. 


PXTRAS 
Except as otherwise provided in this contract, no payment 


for extras shall be made unless such extras and the price therefor 
have been authorized in writing by the Contracting Officer. 


INSPECTION 


All services, material and workmanship shall be subject to 
inspection and test by representatives of the Government. For this 
purpose, the Contractor shall allow at all reasonable times, to the 
extent approved in writing by the Contracting Officer or his duly 
authorized representative, inspectors ana other Government personnel 
free access tothe plant and operations and shall provide all reason- 
able facilities and assistance for the safety and convenience of the 
Government inspectors in the performance of their duties. 


RESPONSISTLITY FOR SMPPLIES 


Except as otherwise provided in this contract, (i) the Contractor ; 


shall be responsible for the contract work until it is delivered at 

the designated delivery point, regardless of the point of inspection; 
and (ii) the Contractor shall bear all risks as to rejected work after 
notice of rejection. 


PAYMENTS 


The Contractor sh’ ILbe paid, unon the svbmission of properly 
certified invoices or vouchers, the prices stipulated herein for 
contract work delivered and accepted, less deduction, if any, as 
herein provided, Tnless otherwise specified, payment will be made 
on partial deliveries accepted by the Government when the amount due 
on such deliveries so warrants; or when requested by the Contractor s 
payment for accepted partial dclivorics shall be made whenever such 
payment would equal or exceed cither $1,000 or 50 percent of the 
total amount of this contract. 


ASSIGNMENT OF CLATMS 


(a) Pursuant to the provisions of the Assignment of Claims 
Act of 190 as amended (31 U. %. Code 205, 1 U. S. Code 15), if 
this contract provides for payments aggregating 1,000 or more, 
claims for moneys duc or to become due to the Contractor from the 
Government under this contract may be assigned to a bank, trust 
company, or other financing institution, including any Federal 
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lending arency, and may thereafter be further assigned and re- 
assigned to any such institution. Any such assisnment or re= 
assignment shall cover all amounts nayable under this contract 

and not already paid, and shall not be made to more than one 

party, except that any such assignment or reassignment may be 

mede to one party or agent or trustce for two or morc parties 
participating in such financing. .Notwithstanding any other 
provision of this contract, payment to an assignee of any moncys 

due or to become duc under this contract shall not, to the extent 
provided in said Act as amended, be subject to reduction or set-off, 


(b) In no event shall copics of this contract or of any plans, 
specifications, or other similer documents relating towork under 
this contract, if marked "TOP SECRET," "SECRiT," "CONFIDENTIAL," 
be furnished to any assignee of any clair arising under this con- 
tract or to any other person not entitled to receive the same; 
PROVIDED, That a copy or any part or all of this contract so 
marked may be furnished, or any information contained therein 
may be disclosed, to such assignce upon the prior written author- 
ization of the Contracting Officer, 


(c) The Contractor shall obtain the written authorization of 
the Contracting Officer prior to the assignment of any rights under 
this contract. 


FEDERAL, STATE AND LOCAL TAXES 


(a) DEFINITIONS, As used throughout this clausc, the following 
terms shall have the meanings sct forth below: 


(i) The term "direct tax" mcans any tax or duty 

directly applicable to the completed supplics or services 

(as distinguished from taxes directly applicable to materials 
and components used in the mennfacturc or furnishing of the 
completcd supplics or scrvices)covercd by this contract or 
any other tax or duty from which the Contractor or this 
ransaction is exempt. It includes any tax or duty dircctly 
applicable to the importation, production, processing, manu- 
facturc, constriction, salc, or use of such sunplics or 
services; it also includes any tax levicd on, with respcct to, 
or measurcd by sales, receipts from salcs, or use of the 
supplics or serviccs covered by this contract. The term docs 
not include transportation taxes, unomployment compensation 
taxes, social sccurity taxes, income taxcs, excess profits 
taxcs, capital stock taxcs, pronerty taxes, and such other 
taxcs 98 ere not within the definition of the term 

direct tax" as set forth above in this parapranh. 

(ii) The term "contract date! mcans the cffective 

date of this contract. For the purpose of any additional 
procurement of supplics or scrvices called for by any agrce= 
ment supnlemental hereto, the term "contract date" shall 
refer to the date of such supplemental agreement, 
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(b) FEDERAL, STATE AND LOCAL TAYES. Exccnt as may he 
otherwise providcd in this contract, the contract price includes 
all applicable Federal, State and local direct taxes in effccet on 
the contract date. 


(c). PRICE AN) ADJUSTMENT, If, after the contract datc, the 
Federel Government or any State or local government cither imposes 
or increases (or removes an cxemption with respect to) any direct 
tax or any tax directly applicable to the matcrials or compon nts 
uscd in the manufacture or furnishing of the complcted sunplics or 
services covercd by this contract, the contract price shail be 
correspondingly incrcascd, and if interest and penaltics are in- 
curred by reason of delay in payment of such tax on the instruction 
of thc Contracting Officer, and such intcrest and penalties are 
legally imposed, the contract price shall be corresnondingly in- 
creased. If, after the contract date, the Contractor is relieved 
in whole or in mart from the peyment or the burd.n of any dircet 
tax included in the contract price, or any tax direetly applicable 
to the metcrials or components uscd in the monufacture or furnishing 
of the compl .ted supplics or scrvices covercd by this contract, the 
Contractor agrees promptly to notify the Contracting officer of such 
relief, and the contract price shall be correspondingly decrcased 
or the emount of such relicf paid over to the Government. Invoices 
or vouchers covering anv increase or decrease in contract price 
pursnant to the provisions of this paragranh shal” state the emount 
thercof, as e senaratc added or deducted iten, and shall identify the 
particular tex imposed, incrcased, climinatcd, or dcercaseds 


(a) REFUND OR DRAYBACK, If any tax or duty has been included 
in the contract orice or the pricc as adjusted under paragraph (c) 
of this clanse, end if the Contractor is cntitled to a refund or 
drawback by reason of the export or re-export of sumplics covered 
py this contract, or of materials or componcnts uscd in the manu- 
facture or furnishing of the complctcd supplics or scrvices covered 
by this contract, the Contractor agrces that he will vromptly notify 
the Contracting Officer thereof and that the emount of any such re- 
fund or dravback obtained will be paid over to the Government or 
ercditcd against amounts duc from the Government under this contracts 
PROVIDED, HCWEVER, That the Contractor shall not ba requircd to apnly 
for such rcfund or drewback unless so requestcd by the Contracting 
Officcrs 


DEFAULT 


(2) The Governmnt may, sujhcet to the provisions of paragraph 


(b) below, by written Notice of Nefanlt to the Contractor, tcrminste the 
whole or eny part of this contract in any onc cf the following circum 
stanccss: 


(i) T£ the Contractor fails to mekc delivery of, or to 
perform, the contract work within the time specificd herein 
or any cxtension thercof; or 
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(ii) If the Contractor fails to nerform any of the 
othcr provisions of this contract, or so fails to make 
progress as to endanger re rformance of this contract in 
eecordpnec with its terms, and in cither of these two 
circumstanecs docs not cure such failure within a period 
of ten (10) days (or such longer period as the Contrecting 
Officer may anthorize in writing) efter reecint of notice 
from the Contrecting Officer specifvine such failure. 


(b) The Contractor shell not be liable for any excess costs if 
any failure to perform the contract ariscs out of causcs beyond the 
control and without the fault or negligence of the Contractor. Such 
causes include, but arc not restricted to, acts of God or of the 
cublic cncmy, acts of the Government, fircs, floods, epidemics, 
quarantine restrictions, strikes, freight ombargees, unusually 
severeweather» and defaults of subcontractors duc to any of synch 
cnuses unicss the Contracting Officer shall dcetcrmine that the 
contract work to be furnished by the subcontractor was obtainable 
from other sovrrecs in sufficicnt time to permit the Contractor to 
met the required delivery schcdnle, 


(c) In the cvent the Government, terminates this contract in 
wholc or in part as provided in paragraph (a) of this clausc, the 
Government may procurc, upon such terms and in such manner as the 
Contracting Officer may dcecm appropriatc, contmct work similar 
to that so terminated and the Contractor shall be liable to the 
Government for any cxccess costs for such similar contmct work; 
PROVIDED, That thc Contractor shell continuc the performance of 
this contract to the cxtent not terminated under the provisions of 
this clause. 


(da) If this contract is termineted as provided in paragraph (a) 
of this cleus., the Govcrnmunt, in addition to any other richts 
provided in this clause, may require the Contractor to trensfer title 
and deliver to the Government, in the manner and to the extcnt dirceted 
by the Contracting Officer, (i) any compl.ted contract werk, and (ii) 
such partially completed contract work and matcrials, parts, tools, 
dics, jigs, fixtures, plans, drawings, information, and contract 
rights (hereinaftcr called "menufacturing matcrials") as the Con- 
tractor has spccificeally produced or specificelly acquircd for the 
performance of such part of this contract as has been terminated; 
and the Contractor shall, upon direction of the Contracting Officer, 
protect and preserve property in possession of the Contractor in 
which Government has an intercst, Thc Government shall ney to the 
Contractor the contract price for complcted contract work delivered 
to and acecptcd by the Governm.nt and the amonnt agreed upon by the 
Contractor and the Contracting Officcr for mannfacturing materials 
dcelivercd to and acecpted by the Governme 1b end for the protection 
and priuscervation of property. Failure to agree shell be a dispute 
concemming a quistion of fact within the meaning of the clause of this 
contract entitled "Disputes." 7 
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(ec) If, after notice of tcrminntion of this contrect under 
the provisions of paragraph (.) of this cleusc, it is determined 
thet the failure to perform this contract is duc to causes beyond 
the control end without the Frult of negligence of the Contractor 
pursuent to the provisions of paragraph (b) of this clause, such 
Notice of Default shall be deomed to heve becn issued pursuant to 
the clause of this contract entitled "Terminstion for Convenience 
of the Government,'t and the rights and obligations of the partics 
hereto shall in such event be governed by such clausc. 


(f) If the Contractor will be unsble to complete th. contrect 
work and make delivery at the time snceified in the schcdul , it may 
give the Contrecting Officcr written notice of the anticinrted default 
with the reasons thercfor, provided such notice is given not less than 
forty-five (4S) days before the complction date specified in the schcd- 
vile or within such time as the Contracting Cfficcr deems sufficicnt. 
If such notice is duly given, then, to the extent the intercst of 
Governmont makcs en cxtcnsion dcsirsblc, the Contracting officcr may, 
in his discretion, extend the period of time specified in the schedule 
for such period as he dcecms advisable, and this contract shail then 
be modificd in writing accordingly. 


DISPUTES 


Txeent es otherwise provided in this contract, «ny dispute 
concerning © question of fact arising under this contract which is 
not disposed of by agreement shell be decided by the Contracting 
Officer, who shall reducc his decision to writing and mail or 
otherwisefournish a copy thereof to the Contractor. Within thirty 
(30) deys from the date of recvipt of such copy, the Contrector may 
appcal by mailing or oth: rvwise furnishing to the Contracting Officer 
a written appeal eddresscd tothe Scerctary, and the decision of thc 
Seerctary or his duly authorized representative for the hearing of 
such apnenls shell, unless detcrminc.d by a court of competent juris- 
diction to have been fraudulcnt or capricious or erbitrary or so 
grossly erroneous as necessarily to imply bed faith, or not supported 
by substantial evidence, be finel and conclusive; PROVIDED, That, if 
no such apncal is teken, the decision of the Contracting officer shell 
be final end conclusive. Tn connection with eny appval procceding 
under this clause, the Contractor shall be afforded an opportunity 
to be heard and to offer evidenec in support of its appeal, Prnd- 
ing final decision of a dispute herounder, the Contractor sholl pro- 
ceccd diligently with the performence of tne contract and in accord- 
ance with the Contracting Officer's decision. 


BUY AMERTCAN ACT 


The Contractor agrees that there will be dclivered undcr this 
contract only such unmanufactured articles, metcriels and suppli-s 
(which term "articles, materials and sunplics" is hereineftcer res 
ferrca to in this clause as "supplies") as heve becn mincd or pro- 
duced in the Mnited Stetcs, and only such manufactured supplics as 
have boon manufactured in the Mmited States substantially all from 
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supplies mined, produced or manufactured, as the case may be, in 
the United States. Pursuant to the Buy American Act (ll U. Se 
Code 102=d), the foregoing provision shall not apply (i) with 
respect to supplies excepted by the Secretary from the applica- 
tion of that Act, (ii) with respect to supplies for use outside 
the United States, or (iii) with respect to the supplies to be 
delivered under this contract which are of a class or kind de- 
termined by the Secretary or his duly authorized representative 
not to be mined, produced, or manufactured, as the case may be, 
in the United States in sufficient and reasonably available 
commercial quantities and of a satisfactory quality, or (iv) 
with respect to such supplies from which the supplies to be 
delivered under this Contract are manufactured, as are of a 
class or kind, determined by the Secretary or his duly author- 
ized representative not to be mined, produced, or manufactured, 
as the case may be, in the Mnited States in sufficient and rea- 
sonably available commercial quantities and of a satisfactory 
quality: PROVIDED, That this exception (iv) shall not permit 
delivery of supplies manufactured outside the United States if 
such supplies are manufactured in the United States in suffi- 
cent and reasonably available commercial quantities and of a 
satisfactory quality. 


CONVECT LABOR 


In connection with the performance of work under this contract, 
the Contractor agrees not to employ any person undergoing sentence 
of imprisonment at hard labor. 


EIGHT-HOUR LAW OF 1912 


This contract, to the extent that it is of a character specified 
in the Eight-Hour Law of 1912 as amended (lO U. Ss Code 32~326) and 
is not covered by the Walsh-Healey Public Contracts Act (ll U. S. 
Code 35-115) is svbject to the following provisions and exceptions 
of said Eight-Hour Law of 1912 as amended, and to all other provi-~ 
sions and exceptions of said Law: 


No laborer or mechanic doing any part of the work contemplated 
by this contract, in the employ of the Contractor shall be required 
or permitted to work more than eight hours in any one calendar day 
upon such work, except upon the condition that compensation is paid 
to such laborer or mechanic in accordance with the provisions of 
this clause. The wages of every such laborer and mechanic employed 
by the Contractor shall be computed on a basic day rate of eight 
hours per day; and work in excess of eight hours per day is per- 
mitted only upon the condition that every such laborer and mechanic 
shall be compensated for all hours worked in excess of eight hours 
per day at not less than one and one-half times the basic rate of 
pay. For each violation of the requirements of this clause a 
penalty of five dollars shall be imposed upon the Contractor for 
each such laborer or mechanic for every calendar day in which such 
employee is required or permitted to labor more than eight hours 
upon said work without receiving compensation computed in accord~ 
ance with this clause; and all penalties thus imposed shall be 


TRS Sa Hor Rofed SS 2809/0423" eA ROBE 1 BOb87PERVV0800110002-5 
Sar 


Lh. 


15. 


16. 


17. 


Approved For Release 2004/01/22 : CIA-RDP81B00878R0008001 10002-5 


WALSH#HEALEY PITBLIC CONTRACTS ACT 


If this contract is for the manufacture or furnishing of 
materials, supplics, articles or equipment in an amount which 
execeds or msy excecd $10,000 and is otherwise subject to the 
Walsh-Heclcy Public Contracts Act as amended Gi. T.Se. Code 
35-5), there arc hereby incorporated by reference all repre- 
sentations end stipulations required by said Act and regulations 
issued thercunder bv the Seerctary of Labor, such representations 
and stipulstions being subject to 211 anpliceble rulints and inter- 
pretations of the Scerctary of Labor which are now or may hereafter 
be in effect, except that the Contractor shell not be requied to in- 
clude this clause in subcontracts issued hereunder when the inclusion 
of this cleusc in 2 subcontract would jcoperdigze or conflict with 
the sceurity considerations established in conncetion with this 
contract. 


NONDISCRIMINATICN ™N EMPLOYMENT 


(2) In connection with the performance of work under this con- 
tract, the Contractor agrees not to discriminate agoinst any cmployce 
or applicant for cmployment because of race, religion, color, or 
national origin. The aforesaid provision shall includ, but not 
be limited to, the following: cmploymcent, upgrading, demotion, or 
trensfer; recruitment or recruitment advertising; layoff or termina-~ 
tion; retcs of pay or othcr feormscof compcnsstion; and selecticn for 
training, including anprenticeship. The vontractor agrces to post 
hercafter in conspicuous places, available for cmployces and appli- 
cants for cmployment, noticcs to be provided by the Contracting 
Officer sctting forth the provisions of the nondiscrimination clause. 


(b) The Contractor further agrcves to insert the forcgoing 
provision in suncontracts issued hereunder, cxecnt subcontracts for 
stendard comacrcial supplics or raw materials, and cxecpt as in- 
sertion of th. forcgoing provision in a subcontract would jeopardize 
or conflict with the security consideretions established in conncc- 
tion with this contract. 


O*FICIALS NOT TO BENTPIT 


Ne member of or d.lcgatce to Congress, or resident commission.r, 
shall be admittcd to eny share or pert of this contract, or to any 
benefit thet may arise thercfroms but this provision shell not be 
construed to extcnd to this contract if made with a corporation for 
its general bencfit. : 


COVENANT AGAINST CONTINGTNT PLES 


The Contrector warrants that no person cr sclling arencv has 
been cmployed or retrincd to solicit or sccure this contract upon 
en agrcement or understanding for e commission, nperecntagc, brekcur- 
apc, or contingent fcc, cxcepthing bone. fide employees or bona fide 
establish d coumcreial or selling agencies maintained by the contractor 
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for the purnosc’ of seeuritg busincss. For breach or violation 
of this warrenty the Government shall have. the. right to annul ~ 
this contract without liahility or in its discretion to deduct 
from the contrnet price or consideration the full amount of, such 
commission, mure.ntars:, brokcrage or contingent fee. 


REPORTING CF ROYALTIEZ 


The provisions of this clause shall be applicable only if 
the amount of the contract is in excess of $10,000. 


(a) The Contractor shall report in writing (in quadrunlicate) 
to the Contracting Officer as soon as practicable after execution 
of this contract whether or not any royalties in excess of #250 
have been paid or are to be paid by the Contractor directly to any 
person or firm in connection with the performance of this contract. 
Tf royalties in excess of $250 have been paid cr are to be paic to 
any nerson or firm, the report shall include the following itens of 
information with respect to such royalties (including the initial 
8250): 


(1) The name and address of each licensor to whom royalties 
in excess of #250 have been paid or are to be paid, 


(2) The patent numbers, patent application serial numbers 
(with filing dates), or other identification of the 
basis for such royalties, 


(3) The manner of computing the royalties consisting of 

(i) a brief identification of each royalty=hearing unit 
or process, (ii) the total amount of royalties, and (iii) 
the percentage rate or dollars and cents amount of royal- 
ties on each such unit or process; PROVIDED that if the 
rovalties cannot be computed in terms of units or dollars 
and cents value, then other data showing the manner in 
which the Contractor compnites the royelties. 


(b) Tn lieu of furnishing a report under paragraph (a), the 
Contractor may furnish a single, consolidated report for each 
accounting period of the Contractor during which the Contractor 
has contracts with the Government, provided the Contractor has 
requested and obtained the prior written approval of the Contracting 
Officer. Such consolidated report shall be furnished, when the 
furnishing thereof has been anproved, in the number of copies as 
approved, as soon as practicable after the close of the accounting 
period covered by the report, Such consolidated report shall be 
made in accordance with Contractor's established accounting practice 
and shall include, for the accounting period, the total amovnt of 
royalties accruing to each licensor at a rate in excess of $1,000 
per annum on the Contractor's over-all business, together with (i) 
the name and address of each such licensov, (ii) the patent numbers, 
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natent application serial numbers (with filing dates), or other 
identification of the basis for such royalties, (iii) a brief 
description of the snbject matter of the license under which 
royalties are charged, (iv) the nercenteze rate or unit amount, 
or if the royalties do not accrue by rate or unit amount, such 
other data showing the menner by which the royalties accrue to 
licensor, and (v) an estimate or aprroximation (without detailed 
accounting) of the portion of such royalties that may be attrib- 
utable to Government contracts. The Contractor shall, if requested 
by the Government, furnish at Government expense a more detailed 
allocation of such royalty nayments attributable to Government 
contracts. 


(c} In the event that the Contractor requests written annroval 
to furnish consolidated reports under naragraph (b) above, the Con~ 
tracting Officer shall promptly consider the request: and furnish to 
the Contractor a letter stating whether or not the request is anproved 
and, notwithstanding any such aporoval, the Contracting Officer shall 
have the right to question any such subsequently furnished renort as 
to accuracy or completeness of data and to ask for additional in- 
formation. The Contractor shall furnish a copy of such letter of 
approval to the Contracting Officer administering this contract. 


(d) After payment of eighty percent (80%) of the amount of 
this contract, as from time to time amended, further payment shall 
be withheld until a reserve of eithcr (i) ten percent (10%) of 
sich amount or (ii) %5,000, whichever is less, shall have becn 
set aside, such reserve or the balance thereof to be retained 
until the Contractor shall have furnished to the Contracting 
Officer the renort called for by paragraph (a) hereof or the 
cony of the letter approving the Contractor's request to furnish 
the report under naragraph (b); PROVIDED that no emount shall 
continue to be withheld from payment for the causes specified in 
this paragranh (d) if the Contracting Officer shall find that the 
Contractor has not been furnished a letter as required by paragraph 
(c) within a reasonable time after making written request to submit 
a single, consolidated report under the provisions of paragraph (b) 
of this clauses and PROVIDED FURTHER that the “sntracting Officer 
may, in his diserction, order payment to be w thheld in the amount 
and manner above provided if the report called for by paragraph (a) 
is unsatisfactory or if the report called for by paragraph (b) is 
due but has not becn received, or if received, is found to be unsat- 
isfactory. No amount shall be withheld under this paragraph when 
the minimum amount snecitied by this paragraph is being withheld 
under other provisions of this contract. The witkholdine of any 
amount or subsequent payment thereof to the Contractor shall not 
be construed as a waiver of any right accruing to the Government 
under this contract. 
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ORs 


The provisions of this clause shall be applicable only if the 
amount of this contract is in excess of $5,000. 


(a) The Contractor shall report to the Contracting Officer, 
promptly and in reasonable written detail, each notice or claim 
of patent infringement based on the performance of this contract 


of which the Contractor has knowledges 


(b) In the event of litigation against the Government on 
account of any claim of patent infringement arising out of the 
performance of this contract or ont of the use of any supplies 
furnished or work or services performed hereunder, the Contractor 
shall furnish to the Government, upon request, all evidence and 
information in possession of the Contractor pertaining to such 
litigation. Such evidence and information shall be furnished 
at the expense of the Government except in those casesin which 
the Contractor has agreed to indemnify the Government against the 
claim being asserted. 


AUTHORIZATION AND CONSENT 


The Government hereby gives its authorization and consent for 
all use and manufacture of any patented invention in the performance 
of this contract or any part hereof or any amendment hereto or any 
subcontrat hereunder (including any lower-tier subcontract) « 


PATENT RIGHTS 


(a) As used in this clause, the following terms shall have the 
meanings set forth below: 


(i) The term "Subject Invention" means any invention, 
improvement or discovery (whether or not patentable) 
conceived or first actually reduced to practice 
either (A) in the performance of the experimental, 
developmental, or research work called for or re~ 
quired under this contract, or _) in the perform- 
ance of any experimental, deve.cpmental, or research 
work relating to the subject matter of this contract 
which was done upon an understanding in writing that 
a contract would be awarded; PROVIDED that the term 
'tSubject Invention" shall not include any invention 
which is specifically identified and listed in the 
Schedule for the purpose of excluding it from the 
license granted by this clause. 


(ii) The term "Technical Personnel" means any person 
employed by or working under contract with the 
Contractor (other than a .u. contractor whose re- 
sponsibilities with respect to rights accruing to 
a . . fs one qc. x 
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the Government in inventions arising under sube 
contracts are set forth in paragraphs (g), (h), 
and (i) of this clause) who, by reason of the 
nature of his duties in connection with the per- 
formance of this contract, would reasonably be 
expected to make inventic:is. 


(iii) The terms "subcontract" and "subcontractor" mean 
any subcontract or subcontractor of the Contractor, 
and any lower-tier subcontract or subcontractor 
under this contracte 


(b) The Contractor agrees to and does hereby grant to the 
Government an irrevocable, nonexclusive, nontransferable, and 
royalty-free license to practice, and cause to be practiced by 
or for the United States Government throughout the world, each 
Subject Invention in the manufacture, use and disposition accord- 
ing to law, of any article or material, and in the use of any 
method; PROVIDED, HOWEVER, that with respect to (i) any Subject 
Invention made by other than Technical Personnel, (ii) any Sub- 
ject Invention conceived prior to, but first actually reduced to 
practice in the course of, any of the experimental, developmental, 
or research work specified in paragraph (a) (i) above, and (iii) 
the practice of any Subject Invention in foreign countries, the 
obligation of the Contractor to grant the aforesaid license and 
the other rights hereinafter provided in this clause shall be 
limited to the extent of the Contractor's right to grant the 
same without incurring any obligation to pay royalties or other 
compensation to others solely on account of said grant. No 
license granted herein shall convey any right to the Government 
to manufacture, have manufactured, or use any Subject Invention 
for the purpose of providing services or supplies to the general 
public in competition with the Contractor or the Contractor's 
commercial licensees in the licensed fields. Nothing contained 
in this paragraph shall be deemed to grant any license under any 
invention other than a Subject Invention. 


(c) The Contractor shall: 


(i) Make a written disclosure to the Contracting Officer 
promptly after conception or first actual reduction 
to practice of each Subject invention which reason- 
ably appears to be patente le; 


(ii) Certify to the Contracting Officer not less often 
than every twelve months, commencing with the date 
of this contract, whether or not any Subject In- 
ventions were conceived or first actually reduced 
to practice during the pre-eding twelve months; and 


T ‘ a 
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(iii) Prior to final settlement of this contract, make 
a summary report of all those Subject Inventions 
previously disclosed and of those Subject Inven- 
tions conceived or first actually reduced to 
practice after the last certification but prior 
to the summary reporte 


(d) The Contractor shall also, in connection with each Subject 
Invention referred to in paragraph (c) (i) above; 


(i) Specify, at the time of making written disclosure, 
whether or not a United States patent application 
claiming such Invention has been or will be filed 
by or on behalf of the Contractor, If the Con- 
tractor specifies that a United States patent 
application will be filed claiming such Inven- 
tion, the Contractor shall file or cause to be 
filed such application in due form and time. 

If the Contractor decides not to file or cause 
to be filed said application after having spec- 
ified that it would file, the Contractor shall 
so notify the Contracting Officer at the earl- 
lest practicable date and in any event not 
latcr than eight months after first publication, 
public use or sale; 


(ii) In the event the Contractor specifics that it hr > 
not filed and will not file (or having specifi.s 
that it will file, thereafter notifies the Con- 
tracting Officer to the contrary), (A) inform 
the Contracting Officer in writing at the earl- 
iest practicable date of any publication of such 
Invention made by or known to the Contractor or, 
where, applicable, of any contemplated publica- 
tion by the Contractor, stating the date and 
identity of such publication or contemplated 
publication, and (B) convey to the Government 
the Contractor's cntire right, title and interest 
in such Invention by deliv ring to the Contracting 
Officer upon written request such duly executed 
instruments (prepared by the Government) of assign- 
ment, application and other papers as are decmed 
necessary to vest in the Government the Contractor's 
right, title and interest aforesaid, and the right 
to apply for and prosecute patent and applications 
covering such Invention throughout the world, sub- 
ject, however, to the right reserved to the Con- 
tractor in paragraph (e) to file foreign applica- 
tions and subject further to the reservation 
of a nonexclusive and royalty-free license 
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(iv) 


(v) 


to the contractor (and to its existing and future 
associated and affiliated companies, if any, within 
the corporate structure of which the Contractor is 
a part) which license shall be assignable to the 
successor of that part of the Contractor's business 
to which the Subject Invention pertains; 


Furnish promptly to the Contracting Officer on re- 
quest an irrevocable power of attorney to inspect 
and make copies of each United States patent appli- 
cation filed by or on behalf of the Contractor 
covering any Subject invention; 


In the event the Contractor, or those deriving 
rights from the Contractor, elects not to continue 
prosecution of any such United States patent appli- 
cation filed by or on behalf of the Contractor, so 
notify the Contracting Officer not less than sixty 
days before the expiration of the response period 
and, upon written request, deliver to the Contract- 
ing Officer such duly executed instruments (prepared 
by the Government) as are deemed necessary to vest 
in the Government the Contractor's entire right, 
title and interest in the Subject Invention and the 
application, subject to the reservations as specified 
in (ii) above; and 


Deliver to the Contracting Dfficer duly executed 
instruments fully confirmatory of any license 
rights herein agreed to be granted to the Govern= 
mente 
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has the option of filing patent applications in foreign countries 
on Subject Inventions. If this option is not exercised in the”time 
and manner set forth below, the Government shall have the wight to 
file applications in each foreign country in which the #£Ontractor 
has not exercised its option. 


(1) 


RUT OVS 


In the event that the Contractef specifies under 
the provisions of paragrapp-(d) that it has not 
filed and will not filef United States patent 
application (or havigf specified that it will file, 
thereafter notifjes the Contracting Officer to the 
contrary) the 26ntractor shall have six months from 
the date of“making the written disclosure required 
by pargegfaph (c) (1) to file foreign patent appli- 
catlamns. 


In the event that a United States patent application 
is filed by or on behalf of the Contractor under the. 
provisions of paragraph (d), the Contractor shall 
have six months from the date of 2aG United pirates 
REP Ste 20041019722 F-CTE REESE 1 B08 7 SROUUS ON THUU jioagion- 
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ie 4 4 4 ere such | 
filing had been prohibited for security reasons, 
within which to file foreign patent applications 
With respect to each Subject Invention on which At 
has specified that a United States patent applifa- 
tion has been or will be filed by or on behalffof 
the Contractor, the Contractor shall (A) infyfrm the 
Contracting Officer in writing of each forel&én patent 
application for such Invention filed by or fn behalf 
of the Contractor within six months after s“he filing 
by the Contractor of the corresponding United State 
application, and, if practicable, prior fio the pub- 
lication of the Subject Invention in any country, 
(B) inform the Contracting Jfficer in Writing at 
the earliest practicable date of any pAblication of 
the Subject Invention made by or knofm to the Con- 
tractor or, where apnlicable, of anf contemplated 
publication by the Contractor, staging the date and 
identity of such publication or cfntemplated publica~ 
tion, (C) upon written request of the Contracting 
Officer, convey to the Governmeyit the Contractor's 
entire right, title, and interfst in such Invention 
in those countries in which tfle Contractor has not, 
within six months after the filing of the corres- 
ponding Tlinited States anpligation, filed foreign 
patent applications, and dgliver to the Contractine 
Officer, wnon written reaflest, such duly execntec 
instruments (prenared by/the Government) of assignu~ 
ment, application, and gther naners as are deemed 
necessary to vest in t#e Government the Contractor's 
right, title, and intgrest as aforesaid and the 
right to apnoly for afd maintain patents covering 
such invention, subgect, however, to the reserva- 
tion of a non-exclfsive and royalty-free license 
to the Contractorf/(and to its existing and future 
associated and affiliated companies, if any, within 
the corporate sf¥ructure of which the Contractor is 
a part) which cense shall b .ssignable to the 
successor of fhat part of the Contractor's business 
to which the Aubject Invention pertains, and (D) in 
the event tyat the Contractor, or those deriving 
rightsfrom f/the Contractor, slects not to continue 
the prosefition of any foreign application which 
has been filed by or on behalf of the Contractor, 
or elec not to maintain any patent granted on 
such aphlication, so notify the Contracting Officer 
not lgs than ninety days before the expiration of 
tne yésponse period or patent lapse date and, upon 
writhen request, deliver to the Contracting Officer 
su duly executed instruments (prepared by the 
Gofernment) as will convey to the Government the 
fntractor's entire right, title, and interest in 
he application or patent, subject to a reservation 


Ar 
= Renee ae a lak. moe ke | C fh ITAA) © PANS olmYavavatoFava DODO 
a! PASO “ZOUUMorU wer. TXT wa mavaege STV UVOUU TUCO 


- 15 - 


Approved For Release 2004/01/22 : CIA-RDP81B00878R0008001 10002-5 


(f) If the Contractor fails to deliver to the Contracting 
Officer the certificates required by paragraph (c) (ii) of 
this clause or fails to furnish the written disclosures for 
all. Subject Inventions required by paragraph (c) (i) of this 
clause shown to be due in accordance with any certificate 
delivered under paragraph (c) (ii), there shall be withheld 
from payment until the Contractor shall have corrected such 
failures either (i) ten percent (10%) of the amount of this 
contract, as from time to time amended, or (ii) $5,000, which- 
ever is less. After payment of eighty percent (80%) of the 
amount of this contract, as from time to time amended, payment 
shall be withheld until a reserve of either (i) ten percent 
(10%) of such amount, or (ii) $5,0CQ, whichever amount is less, 
shall have been set aside, such reserve or balance thereof to 
be retained until the Contractor shall have furnished to the 
Contracting Qfsicer (A) the summary report required by para- 
graph (c) (iii) of this clause, (B) written disclosures for 
all Subject Inventions required by paragrpah (c) (i) of this 
clause which are shown to be due in accordance with certificates 
delivered under paragraph (c) (ii) or in escordance with such 
summary report, and (C) the information as to any subcontractor 
required by paragraph (h) of this clause. The maximum amount 
which may be withheld under this paragraph shall not exceed ten 
percent (10%) of the amonnt of this contract or $5,000, which- 
ever is less, and no amount shall be withheld under this para- 
graph when the minimum amount specified by this paragraph is 
being withheld under other provisions of this contract, The 
withholding of any amount or subsequent payment thereof to the 
Contractor shall not be construed as a waiver of any rights 
aceruing to the Government under this contract. This para- 
graph shall not be construed as requiring the Contractor to 
withhold any amounts from a subcontractor to enforce compli- 
ance with the patent provisions of a subcontract. 


(g) The Contractor shall exert all reasonable effort to nego- 
tiate for the inclusion of this Patent Rights clause in any sub- 
contract hereunder of $3,000 or more having experimental, devel- 
opmental, or research work as one of its piv; ses. In the event 
of refusal by a subcontractor to accent the Patent Rights clause, 
the Contractor shall not proceed with the subcontrect without 
written authorization of the Contracting Officer, and upon ob- 
taining such authorization, shall cooperate with the Government 
in the negotiation with such subcontractor of an acceptable patent 
rights clauses; PROVIDED, however, that the Contractor shall in any 
event require the subcontractor to grant to the Government patent 
rights under Subject Inventions of no less scope and on no less 
favorable terms than those which the Contractor has under such 
subcontracts, except that in no event shal® the subcontractor be 
required to grant to the Government patent rights in excess of 
those herein agreed to be granted to the Government by the 
Contractors 
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(h) The Contractor shall, at the earliest practicable date, 
notify the Contracting Officer in writing of any subcontract 
containing a patent rights clause, furnish the Contracting 
Officer a copy of such clause, and notify the Contracting 
Officer when such subcontract is completed, It is under- 
stood that with respect to such subcontract clause, the 
Government is a third party beneficiary; and the Contractor 
hereby assigns to the Government all the rights that the 
Contractor would have to enforce the subcontractor!s obliga- 
tions for the benefit of the Government with respect to Sub- 
ject Inventions. The Contractor shall not be obligated to 
enforce the agreements of any subcontractor hereunder re- 
lating to Subject Inventions, 


(i) When the Contractor shows that it has becn delayed in 
the performance of this contract by reason of its inability to 
obtain in accordance with paragraph (g) a suitable patent rights 
clause from a qualified subcontractor for any item or service re- 
quired under this contract for which the Contractor itself does 
not have available facilities or qualified personnel, the Con- 
tractor's delivery dates shell be extended for a period of time 
equal to the duration of such delay; and, upon request of the 
Contractor, the Contracting Officer shall determine to what 
extent, if any, an additional extension of the delivery dates « 
and an increase in contract prices based upon additional costs 
incurred by such delay are proper under the circumstances; and 
the contract shall be modified accordingly. If the Contractor, 
after exerting all reasonable effort, is unable to obtain a 
qualified subcontractor as set forth above, the Contractor may 
submit to the Contracting Officer a written request for waiver 
modification of the requirement that a suitable patent rights 
clause be included in the subcontract. Such request shall 
specifically state that the Contractor has used all reasonable 
effort to obtain such qualified subcontractor, and shall cite 
the waiver or termination provision hereinafter set forthe If, 
within thirty-five (35) days after the date of receipt of such 
request for a waiver or modification of said requirement, the 
Contracting Officer shall fail to deny in w ‘ng such request, 
the requirement shall be deemed to have been waived by the Govern- 
ment. If within such period the Contractor shall receive a written 
denial of such request by the Contracting Officer, this contract 
shall thereupon autamatically terminate and the rights and obliga- 
tions of the parties shall be governed by the provisions of the 
clause of this contract entitled "Termination for the Convenience 
of the Government" 
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22, FILING.OF PATENT APPLICATIONS 


(a) Before filing or causing to be filed a patent application 
disclosing any subject matter of this contract, which subject 
matter is classified "Secret" or higher, the Contractor shall, 
citing the thirty (30) day provision below, transmit the pro- 
posed application to the Contracting Officer for determination 
whether, for reasons of national security, such application 
should be placed under an order of secrecy or sealed in accord~ 
ance with the provisions of 35 Use Se Code 181-188 or the issuance 
of a patent should be otherwise delayed under pertinent statutes 
or regulations; and the Contractor shall observe any instructions 
of the Contracting Officer with respect to the manner of delivery 
of the patent application to the U. S. Patent Office for filing, 
but the Contractor shall not be denied the right to file such 
patent application, If the Contracting Officer shall not have 
given any such instructions within thirty (30) days from the date 
of mailing or other transmittal of the proposed application, the 
Contractor may file the application, 


(b) The Contractor shall furnish to the Contracting Officer, at 
the time of or prior to the time when the Contractor files or 
causes to be filed a patent application disclosing any subject 
matter of this contract, which subject matter is classified 
"Confidential," a copy of such application for determination 
whether, for reasons of national security, such application 

4 should be placed under an order of secrecy or the issuance of 
a patent should be otherwise delayed under pertinent statutes 
or regulations. 


(c) In filing any patent application coming within the scope of 
this clause, the Contractor shall observe all arplicable security 
regulations covering the transmission of classified subject matter, 


23. COPYRIGHT 


(a) The Contractor agrees to and does here’ - grant to the Govern~ 
ment, and to its officers, agents and emplo; oc: acting within the 
scope of their official duties, (i) a royalty-free, nonexclusive 
and irrevocable license to reproduce, translate, publish, use, 
and dispose of, and to authorize others so to do, all copyright- 
able material first produced or composed and delivered to the 
Government under this contract by the Contractor, its employees 
or any individual or concern specifically employed or assigned to 
originate and prepare such material; and (ii) a license as afore~ 
said under any and all copyrighted or copyrightable work not first 
produced or composed by the Contractor in the performance of this 
contract but which is incorporated in the material furnished under 
this contract, provided that such license shall be only to the 
extent the Contractor now has, or prior to completion or final 
settlement of the contract may acquire, the right to grant such 
license without becoming liable to pay compensation to others 
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(ob) The Contractor agrees that it will exert all reasonable 
effort to advise the Contracting Officer, at the time of 
delivering any copyrightable or copyrighted work furnished 
under this contract, of any adversely held copyrighted or 
copyrightable material incorporated in any such work and of 
any invasion of the right of privacy therein contained. 


(c) The Contractor agrees to report to the Contracting Officer, 
promptly and in reasonable written detail, any notice or claim 
of copyright infringement received by the Contractor with re- 
spect to any material delivered under this contract. 


2he GRATUITIES 


(a) The Government may, by written notice to the Contractor, 
terminate the right of the Contractor to proceed under this 
contract if it is found, after notice and hearing, by the 
Secretary or his duly authorized representative, that grat~ 
uities (in the form of entertainment, gifts, or otherwise) 
were offered or given by the Contractor, or any agent or 
representative of the Contractor, to any officer or employee 
of the Government with a view toward securing a contract or 
securing favorable treatment with respect to the awarding or 
amending, or the making of any determinations with respect to 
the performance of such contract; PROVIDED, That the existence 
of the facts upon which the Secretary or his duly authorized 
representative makes such findings shall be in issue and may 
be reviewed in any competent courte 


(b} In the event this contract is termineted as provided in 
paragraph (a) hereof, the Government shall be entitled (i) to 
pursue the same remedies against the Contractor as it could 
pursue in the event of a breach of the contract by the Con- 
tractor, and (ii) as a penalty in addition to any other damages 
to which it may be entitled by law, to exemplary damages in an 
amount (as determined by the Secretary or his duly authorized 
representative) which shall be not less than three nor more 
than ten times the costs incurred by the Cor’ vactor in provid- 
ing any such gratuities to any such officer or employees 


(c) The rights and remedies of the Government provided in this 
clause shall not be exclusive and are in addition to any other 
rights and remedies provided by law or under this contract. 


25. TERMINATION FOR CONVENIENCE OF THE GOVERNMENT 


(a) The performance of work under this contract may be terminated 
by the Government in accordance with this clause in whole, or 

from time to time in part, whenever the Contracting Officer shall 
determine that such termination is in the best interests of the 
Government, Any such termination shall be effected by delivery 
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to the Contractor of a Notice of Termination specifying the extent 
to which performance of work under the contract is terminated, 
and the date upon which such termination becomes effectivee 


(bo) After receipt of a Notice of Termination, and except as 
otherwise directed by the Contracting Officer, the Contractor 
shall (1) stop work under the contract on the date and to the 
extent specified in the Notice of Termination; (2) place no 
further orders or subcontracts for materials, services, or 
facilities except as may be necessary for completion of such 
portion of the work under the contract as is not terminated; 

(3) terminate all orders and subcontracts to the extent that 
they relate to the performance of work terminated by the Notice 
of Termination; (1) assign to the Government, in the manner, at 
the times, and to the extent directed by the Contracting Officer, 
all of the right, title, and interest of the Contractor under 

the orders and subcontracts so terminated, in which case the 
Government shall have the right, in its discretion, to settle 

or pay any or all claims arising out of such termination of 
orders and subcontracts; (5) settle all ottstanding liabilities 
and all claims arising out of such terminatlon of orders and 
subcontracts, with the approval or ratification of the Con- 
tracting Officer, to the extent he may require, which approval 

or ratification shall be final for all the purposcs of this 
clauses; (6) transfer title and deliver to the Government, in 

the manner, at the times, and to the extent, if any, directed 

by the Contracting Officer, (i) the fabricated or unfabricated 
parts, work in process, completed work, supplies, and other 
material produced as a part of, or acquired in connection with 
the performance of, the work terminated by the Notice of Termina- 
tion, and (ii) the completed or partially completed plans, draw- 
ings, information, and other property which, if the contract had 
been completed, would have been required to be furnished to the 
Government; (7) use its best efforts to sell, in the manner, at 
the times, to the extent, and at the price or prices directed or 
authorized by the Contracting Officer, any property of the types 
referred to in provision (6) of this paragraph, PROVIDED, HOWEVER, 
That the Contractor (i) shall not be required to extend credit to 
any purchaser, and (ii) may acquire any such y-operty,under the 
conditions prescribed by and at a price or pi ces approved by the 
Contracting Officers and PROVIDED FURTHER That the proceeds of any 
such transfer or dispostion shall be applied in reduction of any 
payments to be made by the Government to the Contractor under this 
Contract or shall otherwise be credited to the price or cost of the 
work covered by this contract or paid in such other manner as the 
Contracting Officer may directs; (8) complete performance of such 
part of the work as shall not have been terminated by the Notice 
of Termination; and (9) take such action as may be necessary 

or as the Contracting Officer may direct, for the protection 

and preservation of the property related to this contract 

which is in the possession of the Contractor and in which 
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the Government has or may acquire any interest, At any time 
after expiration of the plant clearance period, as defined in 
Section VII, Armed Services Procurement Regulation, as it may 

be amended from time to time, the Contractor may Submit to the 
Contracting Officer a list, certified as to quantity and quality, 
of any or all. items of termination inventory not previously dis- 
posed of, extlusive of items the disposition of which has been 
directed or authorized by the Contracting Officer, and may re- 
quest the Government to remove such items or enter into a stor- 
age agreement covering them. Not later than fifteen (15) days 
thereafter, the Government will accept title to snch items and 
remove them or enter into a storage agreement covering the same 
PROVIDED That the list submitted shall be subject to verifica- 
tion by the Contracting Officer upon removal of the items, or 

if the items are stored, within forty-five (5) days from the 
date of submission of the list, and any necessary adjustment 

to correct the list as submitted shall be made prior to final 
settlement. , 


(c) After receipt of a Notice of Termination, the Contractor 
shall submit to the Contracting O“ficer its termination clain, 
in the form and with the certification prescribed by the Con- 
tracting Officer. Such claim shall be submitted promptly but 
in no event later than two years from the effective date of 
temination, unless one or more extensions in writing are 
granted by the Contracting Officer, wpon request of the Con~ 
tractor made in writing within such two-year period or author- 
ized extension thereof, However, if the Contracting Officer 
determines that the facts justify such action, he may receive 
and act upon any such termination claim at any time after such 
two-year period or any extension thereof, Upon failure of the 
Contractor to submit its termination claim within the time 
allowed, the Contracting Officer may determine, on the basis 
of information available to him, the amount, if any, due to 
the Contractor by reason of the termination, and shall there- 
upon pay to the Contractor the amount so determined, 


(d) Subject to the provisions of paragraph (cj), the Contractor 
and the Contracting Officer may agree upor the whole or any part 
of the amount or amounts -to be paid to the Contractor by reason 
of the total or partial termination of work pursuant to this 
clause, which amount or amounts may include a reasonable allow- 
ance for profit on work done. The contract shall be amended 
accordingly, and the Contractor shall be paid the agreed amount. 
Nothing in paragraph (e) of this clause, prescribing the amount 
to be paid to the Contractor in the event of failure of the 
Contractor and the Contracting Officer to agree upon the whole 
amount to be paid to the Contractor by rcason of the termination 
of work pursuant to this clause, shall be deemed to limit, re- 
strict, or otherwise determine or affect the amount or amounts 
which may be agreed upon to be paid to the Contractor pursuant 
to this paragraph (d). 
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(e) In the event of the failure of the Contractor and the 
Contracting Q*ficer to agree as provided in paragraph (d) upon 
the whole amount to be paid to the Contractor by reason of the 
termination of contract work pursuant to this clause, the Con= 
tracting Officer shall determine, on the basis of information 
available to him, the amount, if any, due to the Contractor by 
reason of the termination and shall pay to the Contractor the 
amounts determined as follows: 


(1) For completed supplies accepted by the Government 

or sold or acquired as provided in paragraph (b) 

7) above) and not theretofore paid for, a sum equiv~ 
alent to the aggregate price for such suppliés com- 
puted in accordance with the price or prices specified 
in the contract, appropriately adjusted for any saving 
of frcight or other charges; 


(2) The total of-~ 


(i) The costs incurred in the performance of the con 
tract work terminated, including initial costs and 
preparatory expense allocable thereto, but exclusive 
of any costs attributable to supplies paid or to be 
paid for under paragraph (e) (1) hereof; 


(ii) The cost of settling and paying claims arising out 
of the termination of work under subcontracts or 
orders, as provided in paragraph (b) (5) above, 
which are properly chargeable to the terminated 
portion of the contract (exclusive of amounts 
paid or payable on account of supplies or mate-~ 
rials delivered or services furnished by sub- 
contractors or vendors prior to the effective 
date of the Notice of Termination, which amounts 
shall be included in the costs payable under 
(i) above; and 


(iii) An allowance for profit in ke~ing with the pro-= 
visions ofthe clause "Price tedetermination," 
of the Schedule hereto. 


(3) The reasonable costs of settlement, including account- 
ing, legal, clerical, and other expenses reasonably 
necessary for the preparation of settlement cleims 
and surporting data with respect to the terminated 
portion of the contract and for the termination and 
settlement of subcontracts thereunder, together with 
reasonable storage, transportation, and other costs 
incurred in connection with the protection or disposi- 
tion of property allocable to this contract. 
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The total sum to be paid to the Contractor under (1) 
and (2) of this paragraph (e) shall not exceed the total 
contract price as reduced by the amount of payments other~ 
wise made and as further reduced by the contract price of 
work not terminated. Except for normal spoilage, and ex- 
cept to the extent that the Government shall have otherwise 
expressly assumed the risk of loss, there shall be excluded 
from the amounts payable to the Contractor as provided in 
paragraph (e) (1) and paragraph (e) (2) (i), the fair value, 
as determined by the Contracting Officer, of property which 
is destroyed, lost, stolen, or damaged so as to become un- 
deliverable to the Government, or to a buyer pursuant to 
paragraph (b) (7). 


(f) Determination of costs under paragraph (c) or (e) hereof 
shall be in accordance with generally accepted accounting practices 
and principles. 


(g) The Contractor shall have the right of appeal, under the 
clause of this contract entitled "Disputes," from. any determination 
made by the Contracting Officer under paragraphs (c) and (e) above, 
except that if the Contractor has failed to submit its claim within 
the time provided in paragraph (c) above and has failed to request 
extension of such time, he shall have no such right of appeal, In 
any case where the Contracting Officer has made a determination of 
the amount due under paragraph (c) or (e) above, the Government 
shall pay to the Contractor the following: (i) if there is no 
right of anneal hereunder or if no timely anneal has been taken, 
the amount so determined by the Contracting Officer, or (ii) if 

an appeal has been taken, the amount finally determined on such 
appeal. 


(h) In arriving at the amount due the Gontractor under this 
clause, there shall be deducted (1) all unliquidated advance or 
other unliquidated payments on account theretofore made to the 
Contractor, (2) any claim which the Government may have against 
the Contractor in connection with this contract, and (3) the 
agreed price for, or the proceeds of sale of, xny materials, 
supplies, or other things acquired by the Co. tractor or sold 
pursuant to the provisions of this clause, and not otherwise 
recovered by or credited to the Government. 


(i) If the termination hereunder be partial, prior to the 
settlement of the terminated portion of this contract, the Con- 
tractor may file with the Contracting Officer a request in writing 
for an equitable adjustment of the price or prices specified in 
the contract relating to the continued portion of the contract 
(the portion not terminated by the Notice of Termination), and 
such equitable adjustment as may be agreed upon shall be made in 
such price or prices. 
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(j) The Government may from time to time, under such terms 

and conditions as it may prescribe, make partial payments 

and payments on account against costs incurred by the Con- 

tractor in connection with the terminated portion of this con- 
tract whenever in the opinion of the Contracting Officer the 
aggrogate of such payments shall be within the amount to which 

the Contractor will be entitled hereunder, If the total of such 
payments is in excess of the amount finally agreed or determined 
to be due under this clause, such excess shall be payable by the 
Contractor to the Government upon demand, together with interest 
computed at the rate of 6% per annum, for the period from the date 
such excess payment is received by the Contractor to the date oni 
which such excess is repaid to the Government; PROVIDED, HOWEVER, 
That no interest shall be charged with respect to any such excess 
payment attributable to a reduction in the Contractor's claim by 
reason of retention or other dispostion of termination inventory 
until ten (10) days after the rate of such retention or disposition. 


(k) Unless otherwise provided for in this contract, or by applicable 
statute, the Contractor, from the effective date of termination and 
for a period of six (6) years after final settlements under this 
contract, shall preserve and make available to the Government at 
all reasona»le times at the office of the Contractor but without 
direct charge to the Government, all its books, record:, documents, 
and other evidence bearing on the costs and cxpenses of the Con- 
tractor under this contract and relating to the work tcriminated 
hereunder, or, to the extent approved by the Contracting Officer 
photographs microphotographs, or other authentic reproductions 
thereof, . 


EXAMINATION OF RECORDS 


The Contractor agrees that the Contracting Officer or any of 
his duly anthorized representatives shall, until the expiration 
of three years after final payment under this contract, have 
access to and the right to examine any directly pertinent books, 
documents, papers and records of the Contractor involving, trans- 
actions related to this contract, including s~bcontracts hereunder, 


MILITARY SECURITY REQUIREMENTS 

(a) The provisions of this clause shall apply to the extent 
that this contract involved access to security information clas- 
sified "Top Sccret," "Secret," or Confidential yt! 

(bo) The Government shall notify the Contractor of the security 


classification of this contract and the elements thereof, and of 
any subsequent revisions in such security classification, 
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(c) To the extent the Government has indicated as of the date 

of this contract, or thercafter indicates, security classifica- 
tion under this contract as provided in paragraph (b) above, the 
Contractor shall safeguard all classified elements of this con- 
tract and shall provide and maintain a system of security controls 
within its own organization in accordance with the requirements of 
(i) the Department of Defcnse Industrial Security Manual for Safe-~ 
guarding Classified Security Information as in effect on date of 
this contract, which Manual is hereby incorporated by reference 
and made a part of this contract, (ii) any amendments to said 
Manual required by the demands of netional security as deter- 
mined by the Government and made after the date of this contract, 
notice of which has been furnished to the Contractor by the Con- 
tracting Officer, and (iii) those provisions of written agrccmonts 
entered into by the partics pertaining to the adaptation of the 
Manual to the Contractor's business. 


(d) Designated representatives of the Government responsible for 
inspection pertaining to industrial security shall have the right 

to inspect at reasonable intervals the procedures, methods, and 
facilities utilized by the Contractor in complying with the require- 
ments of the terms and conditions of this clause. Shouid the Govern- 
ment, through its authorized representative, determine shat the con~ 
tractor has not complied with such requirements, the Gevurnment shall 
inform the Contractor in writing of the proper actions tu be taken 

in order to effect compliance with such requirements, 


(e) If, Subsequent to the date of this contract, the security 
classifications or requirements under this contract are changed by 
the Government as provided in this clause and the security costs 
under this contract are thereby increased or decreased, the con- 
tract price shall be subject to an equitable adjustment by reason 
of such increased or decreased costs. Any eanuitable adjustment 
shall be accomplished in the same manner as if such changes were 
directed under the clause in this contract entitled "Changes," 


(£} The Contractor agrees to insert, in all subcontracts hereunder 
which involve accecss to classificd security i+ Sormation, provisions 
which shall conform substantially to the lan, aage of this cleuse, 
including this paragraph (f) but excluding the last sentence of 
paragraph (e) of this clause. 


(g) The Contractor also agrees that it shall determine that any 
subcontractor proposed by it for the furnishing of supplies and 
services which will involve access to classified security informa- 
tion in the Contractor's custody has been granted an appropriate 
facility security clearance, which is still in effect, prior to 
being accorded access to such classified security information. 
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28. GOVERNMENT-FURNISHED PROPERTY 


(a) The Government shell deliver to the Contractor, for use 

in connection with and under the terms of this contract, the 
property which the schedule, appendix, or the specifications 
state the Government will furnish (hereinafter referred to as 
"Government-Furnished property"), The delivery or performance 
dates for the supplies or services to be furnished by the Con- 
tractor under this contract are based upon the expectation that 
Government-Furnished property of a type suitable for use will be 
delivered to the Contractor at the times stated in the schedule 
or if not so stated in sufficient time to enable the Contractor 
to meet such delivery or performance dates. Jn the event that 
Government-Furnished property is not delivered to the Contractor 
by such time or times, the Contracting Officer shall, if requested 
by the Contractor, make a determination of the delay occasioned 
the Contractor thereby, and shall grant to the Contractor a rea- 
sonable extension of time in respect of such delivery or per- 
formance dates. The Government shall not be liable to the Con- 
tractor for damages or loss of profit by reason of any delay in 
delivery of or failure to deliver any or all of the Government- 
Furnished property, except that in case of such delay or failure, 
upon the written request of the Contractor, an equitab..o adjustment 
Shall be made in the delivery or performance dates, or price, or 
both, or in any other contractual provision affected thcreby, in 
accordance with the procedures provided for in the clause of the 
contract entitled "Changes," 


(b) By notice in writing the Contracting Officer may decrease 

the property furnished or to be furnished by the Government under 
this contract, In any such case, upon the written request of the 
Contractor, an equitable adjustment shall be made in the delivery 
or performance dates, or price, or both, and in any other contract- 
ual provision affected by such decrease, in accordance with the 
procedures provided for in the clause of this contract entitled 
"Changes," 


(c) Title to the Government-Furnished prope .sy7 shall remain in 
the Government. Title to Government-Furnished property shall 

not be affected by the incorporation or attachment thereof to 
any property not owned by the Government, nor shall such CGovern- 
ment Furnished property, or any part thereof, be or become a fix- 
ure or lose its identity as personalty by reason of affixation to 
any realty. 


(d) The Governnent-Furnished property shall, unless otherwise 
provided herein, be used only for the performance of this contract, 
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(e) The Contractor shall maintain and administer, in accordance 
with sound industrial practice, a program for the maintenance, 
repair, protection and preservation of Government-Furnished 
property, until disposed of by the Contractor in accordance 

with this clause, In the event that damaged or defective 
Government-Furnished property is delivered to the Contractor, 

or any other damage occurs to Government-Furnished property, the 
risk of which has been assumed by the Government under this con- 
tract, the Government shall replace such items or the Contractor 
shall make such repair of the property as the Government directs; 
PROVIDED, HOWEVER, That if the Contractor cannot effect such re- 
pair within the time required, the Contractor may reject such 
property. The contract price includes no compensation to the 
Contractor for the performance or any repair or replacement for 
which the Government is responsible, and an equitable adjustment 
will be made in the contract price for any such repair or re- 
placement of Government-Furnished property made at the direction 
of the Government. Any repair or replacement for which the Con- 
tractor is responsible under the provisions of this contract shall 
be accomplished by the Contractor at its own expense. 


(f) (i) Except for loss, destruction or damage resulting from a 
failure of the Contractor due to willful misconduct or lack of 
good faith of any of the Contractor's managerial personnel as 
defined herein, to maintain and administer the program for the 
maintenance, repair, protection and preservation of the Govern- 
ment-Furnished property, as required by paragraph (e) hercof, 
and except as specifically provided in this contract, the Con- 
tractor shall not be liable for loss or destruction of or damage 
to the Government-Furnished property (A) caused by any peril while 
the property is in transit off the Contractor's premises, or (B) 
caused by any of the following perils while the property is on 
the Contractor's or subcontractor's premises, or on any other 
premises where such property may properly be located, or by 
removal therefrom because of any of the following perils: 


(I) Fire; lightning; windstorm; vcione; tornado; 
hails; explosion; riot, riot attending a strike, civil 
commotion; vandalism and malicious mischief; sabotage; 
aircraft or object falling therefrom; vehicles running 
on land or tracks, excluding vehicles owned or operated 
by the Contractor or any agent or employee of the Con- 
tractor; smoke; sprinkler leakage; carthquake or volcanic 
eruption; flood, meaning thereby rising of a body of water; 
hostile or warlike action, including action in hindering, 
combating, or defending against an actual, impending or 
expected attack by any government or sovereign power (de 
jure or de facto), or by any authority using military, 
naval, or air forces, or by an agent of any such govern- 
ment, power, authority, or forces; or 
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(II) Other peril, of a type not listed above, if 
such other peril is customarily covered by insurance 
(or by a reserve for self-insurance) in accordance with 
the normal practice of the Contractor, or the prevailing 
practice in the industry in which the Contractor is en~ 
gaged with respect to similar property in the same general 
locale. 


The perils as set forth in (A) and (B) above are hereinafter called 
texcepted pcrils." 


The term "Contractor's managerial personnel" as used herein 
means the Contractor's directors, officers and any of its managers, 
superintendents, or other equivalent representaives who have super- 
vision or direction of (I) all or substantially all of the Contractor's 
business; (II) all or substantially all of the Contractor's operation 
at any one plant or senarate location at which the contract is being 
performed; (IIIT) a separate and complete major industrial operation 
in connection with the performance of this contract. 


(ii) The Contractor represents that it is not including in 
the price hereunder, and agroes that it will not hereafter in- 
clude in any price to the Government, any charge or rescrve for 
insurance (including self-insurance funds or reserves covering 
loss or destruction of or damage to the Government=-Furni shed 
property caused by any excepted peril). 


(iii) Upon the happening of loss or destruction of or 

damage to any Government-Furnishcd property caused by an ex- 

cepted peril, the Contractor shall notify the Contracting Officer 
thereof, and shall communicate with the Loss and Salvage Organiza- 
tion, if any, now or hereafter designated by the Contracting officer, 
and with the assistance of the Loss and Salvage Organization so de- 
signated (unless the Contracting Officer has directed that no such 
organization be employed), shall take all reasonable steps to pro- 
tect the Government-Furnished property from further damage, separ- 
ate the damaged and undamaged Government-Furr‘ shed property in the 
best possible order, and furnish to the Con-cacting Officer a state- 
ment of: (A) the lost, destroyed and damaged Government-Furni shed 
property, (B) the time and origin of the loss, destruction or 
damage, (C) all known interests in commingled property of which 

the Government-Furnished property is a part, and (D) the insurance, 
if any, covering any part of or interest in such commingled property. 
The Contractor shall be reimbursed for the expenditures made by it 
in performing its obligations under this sub-paragraph (iii) (in- 
cluding charges made to the Contractor by the Loss and Salvage 
Organization, cxcept any of such charges the payment of which the 
Government has, at its option, assumed directly), to the extent 
approved by the Contracting Officer and set forth in a Sunple- 
mental Agreement. 
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(iv) With the approval of the Contracting Officer after 
loss or destruction of or damage to Government=Furnished prop- 
erty, and subject to such conditions and limitations as may be 
imposed by the Contracting Officer, the Contractor may, in order 
to minimize the loss to the Government or in order to permit re- 
sumption of business or the like, sell for the account of the 
Government any item of Government-Furnished property which has 
been damaged beyond practicable repair, or which is so commingled 
or combined with property of others, including the Contractor, 
that senaration is impracticable, 


(v) Except to the extent of any loss or destruction of or 
damage to Government-Furnished property for which the Contractor 
is relieved of liability under the foregoing provisions of this 
clause, and except for reasonable wear and tear or depreciation, 
or the utilization of the Government~Furnished property in accord~ 
ance with the provisions of this contract, the Government=-Furni shed 
property (other than property permitted to be sold) shall be re- 
turned to the Government in as good condition as when received by 
the Contractor in connection with this contract, or as repaired 
under paragraph (e) above, 


(vi) In the event the Contractor is reimbursed or compen- 
sated for any loss or destruction of or damage to the Government- 
Furnished property, caused by an excepted peril, it shall equita’ _” 
reimburse the Government. The Contractor shall do nothing to pru- 
judice the Government's rights to recover against third parties 
for any such loss, destruction or damage and, upon the request 
of the Contracting Officer, shall at the Government's expense, 
furnish to the Government all reasonable assistance and cooper- 
ation (including the prosecution of suit aud the execution of 
instruments of assignment in favor of the Government) in obtain- 
ing recovery. 


(g) The Contracting Officer or his duly authorized representative 
shall at all reasonable times have access to the premises wherein 
any Government-Furnished property is locatec. 


(h) Upon the completion of this contract, or at such carlier 
dates as may be fixed by the Contracting Officer, the Contractor 
shall submit, in a form acceptable to the Contracting Officer, 
inventory schcdules covering all items of Government-Furnished 
property not consumed in the performance of this contract (in- 
cluding any resulting scran), or not theretofore delivered to 
the Government, and shall deliver or make such other disposal 

of such Government-Furnished property, as may be directed or 
authorized by the Contracting Officer, Recovcerable scrap from 
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Government-Furnished property shall be reported in accordance 
with a procedure and in such form as the Contracting Officer 
may direct. The net proceeds of any such disposal shall be 
credited to the contract price or shall be paid in such other 
manner as the Contracting Officer may direct. 


(i) Directions of the Contracting Officer and communications of 
the Contractor issued pursuant to this clause shall be in writing. 


_ 29, EMPLOYMENT OF ALIENS 


If this contract calls for furnishing or constructing aircraft, 
aircraft parts, or aeronautical accessories, no aliens employed by 
the Contractor shall be permitted to have access to the plans or 
specifications, or the work under construction, or to participate 
in the contract trials, without the written consent beforehand of 
the Secretary or his duly authorized representative. 


30. UTILIZATION OF SMALL BUSINESS CONCERNS 


(a) It is the policy of the Government as declared by the Congress 
to bring about the greatest utilization of small business concerns 
which is consistent with efficient production, 


(b) The Contractor agrees to accomplish the maximum amount of sub- 
contracting to small business concerns that the Contractor finds +9 
be consistent with the efficient performance of this contract. 


31. ALTERATIONS IN CONTRACT 


. The following’ alterations were made in this contract prior to 
signature thereof by the parties to this contract: 


CLAUSE 21 — PATENT RIGHTS, paragraph (e) was deleted and the 
following paragraph (e) was substituted therefor: 


"(e) The Contractor, or those deriving rights from the 
Contractor, shall have the right to file applications on Subject 
inventions in each foreign country within (4) nine months from the 
date a corresponding United States application is filed, or (ii) 
six months from the date permission ia granted to file foreign — 
epplications where such filing had been prohibited for security 
reasons, or (iii) such longer periods as may be approved by the 
Contracting Officer, The Contractor shall upon written request of 
the Contracting Officer convey to the Government the Contractor's 
entire right, title and interest in each Subject Invention in each 
foreign country in which a foreign application has not been filed 

(v)___ Within the + above specified, subject to the limitations of 
par b)\(44i) above and to the reservation of a nonexclusive 
end royalty-free license to the Contractor (and to its existing and 


future associated and affiliated companies, if any, within the 
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corporate structure of which the Contractor is a part) together with 
the right of the Contractor to grant sublicenses to existing and future 
licensees, which license shall be assignable to the successor of that 
part of the Contractor's business to which the Subject invention 
pertains," 


Added attached Interdivisional Billing Cla 


a, 
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Interdivisional Billing Clause 


For the purpose of price redetermination it is understood that in 
respect of purchases to be made by the Apparatus and Optical Division 
from other plants or divisions of the Contractor (which shall not be 
deemed to include subsidiaries or affiliates) the following principles 
shall apply: (1) to the extent that such purchases relate to items 
normally produced and sold by the Contractor, such purchases may be 
made at net wholesale or, where there is no net wholesale, negotiated ~ 
prices normally charged by the Contractor, pursuant to its catalog 

or otherwise for such items, (2) to the extent that such purchases 
relate to parts, components or property intended to be incorporated 
into the articles to be produced, repaired, or modified, special 
tools, supplies, miscellaneous equipment, facilities or other 
property, or to design, engineering, research or development 

services or any other services to be performed by the Contractor's 
employees not regularly assigned to the project, such purchases 

may be made at negotiated prices estimated but not warranted by 

the Contractor not to exceed plant cost, such purchases from other 
plants or divisions being treated for purposes of audit no differently 
than purchases under similar terms and conditions from third parties. 
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